1522                                 UNIT CONSTRUCTION  COSTS
Painting Corrugated Iron
LABOR COST      MATERIAL COST      TOTAL COST
NUMBER          NAME OF ACCOUNT        SQ. YD. AMOUNT gQ_ yjx AMOUNT SQ< YD  AMOUNT SQ> YD>
8812.30   Warehouse roof, underside...     813      $81.16    $0.10     $65.66     $0.08     $146.82   $0.18 Two coats white lead and oil
Painting Berger Plate 9003.42  Power house main floor slab,
underside................  2,679      181.88      0.07     147.58      0.06       329.46    0.12
.54   Power house roof, underside.. 6,813      692.84      0.10     324.55      0.05    1,017.39     0.15 Two coats white lead and oil Square yards derived by developing the Berger plate.    This is three times the superficial area
Miscellaneous Painting
LABOR COST       MATERIAL COST      TOTAL COST NUMBER          NAME OF ACCOUNT        SQ. YD. AMOUNT gQ   YD  AMOUNT gQ ' YD  AMOUNT gQ '^
8703.60   Boilershop.................  1.574      $92.53    $0.05     $60.73    $0.04    $153.26    $0.10
8718^60   Machine shop..............  1,989       118.00     0.06        87.40      0.04      205.40     0.10
8813.10   Warehouse.................     412        26.50      0.06        14.17      0.03        40.67     0.10
3,975    $237.03    $0.06    $162.30    $0.04    $399.33     $0.10 This was two-coat work on wood
Painting Window Sash and Doors
LABOR COST      MATERIAL COST      TOTAL COST
NO. OF                   PER      .                PER      .                PER
NUMBER          NAME OF ACCOUNT          ^    ^^    SASH    AMOUNT    ^    AMOUNT    ^
7803.11   Sampling plant.............    129      $118.94    $0.92     $28.96     $0.22    $147.90    $1.14
8813.11   Warehouse.................    189        122.78     0.65       15.34      0.08      138.12      0.73
Window sash and frames, two-coat work 9003.60   Powerhouse...............    299        290.09     0.97       16.72      0.05      306.81      1.02
Window sash only, three-coat work
Doors figured as two sash
Roofs
LABOR COST        MATERIAL COST         TOTAL COST
NUMBER      NAME OF ACCOUNT      SQUARES  AMOUNT   PERSQ.    AMOUNT PERSQ.    AMOUNT   PERSQ 8703.30   Boiler  and   blacksmith
shop...............       66.49       $286.52     $4.31     $828.24   $12.46  $1,114.76    $16.77
8717.30   Machine and carpenter
shop...............       77.21         297.85       3.86       953.04      12.34     1,250.89       16.20
143.70       $584.37     $4.06   $1,781.28   $12.40   $2,365.65    $16.46
Consists of 2 by 8 tongue and groove sheathing, asbestos roofing and nailing strips.    No painting included
8843.4     Sample room ..........          8.0         $23.00     $2^88        $76.57     $9.57       $99.57    $12.45
Consists of 1 by 12 sheathing and asbestos roofing.    No painting included
9003.5     Powerhouse ..........     214.83    $3,587.15   $16.70   $5,791.05    $26.96   $9,378.20    $43.65
Consists of Berger plate, concrete, tar, and P and B roofing.    Painting the underside of the Berger plate is included
9017.04   Feed water heating plant        8.80       $115.25   $13.10      109.88     $12.48      $225.13    $25.58 9017.25   Condensed water pump
house ...............         5.00          73.92     14.78         60.83      12.17        134.75      26.95
13.80       $189.17   $13.71      $170.71   $12.37      $359.88    $26.08
Consists of 2 by 8 sheathing with asbestos roofing 9060.07   Oil pump house ........         6.50      $136.81   $21.05      $162.66   $25.02      $299.47    $46.07
Consists of "hyrib," concrete and plaster 9060. 131 Oil storage tanks .......       65.56      $761.95   $11.62     $882.84   $13.47    $1,644.79    $25.09
Consists of wood supporting structure, 1-in. sheathing and rnetal lath and plasterintvorba. ami bottom..............,,,           405,31             4114          I,tHi
